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( 3JECTS GH-5 7 1 0 PROGRESS REPORT 

PURCHASE ORDERS - 80 PER CENT PLACED, ALL ON SCHEDULE 
SHOP RELEASES - 55 PER CENT RELEASED, PROGRESS ON SCHEDULE 
DRAWING REVISIONS ARE, 75 PER CENT COMPLETE. 

LENS - FIRST UNIT DUE MAY 31. ALL TOOLING HAS BEEN RECEIVED. NO 
DELAYS HAVE BEEN ENCOUNTERED AT THIS POINT. 
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